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MEMORANDUM FOR: 
FROM: 

SUBJECT : 


Deputy Director for Administration 

James H. McDonald 
Director of Logistics 

Request for Approval to Transfer 
Funds to GSA for Project SAFE 


n 1 




p . c ?BB in L the course of th e construction of the 
Project SAFE site, several modifications to the original 
design were determined to be necessary. Specifically, 
these modifications are as follows: the electrical 
elrJ system m V st be modified to accommodate new 

u£iL tSf the type of room air handling 

be chana^H 1 ^ ^ Unint ® rru Ptible Power System (UPS) must 
the SA?E PhaL ? P K Ve ai rr circula ^on within the UPS room, 
construct ^ it PK PhaS ? I 1 c ? n f t f ucti °n barrier is to be 
men^duJina 1 t0 minil ? ize impact to the SAFE equip- 

in lieu of g a ^ V construction, installation of a ramp 
in lieu of a step in the computer room raised flooring will 

cret. V subfloor S’ Phase 1 a l e A^ nd 5eall "8 * «S co“ 

nd reS d nt 3 C i ange l ° ^ U origi^ir5 si gn n and t are a norcon- 

, jh worh authorization in the amount of $55 017 has 

een drafted to transfer funds provided by the Office of 

^ucurio^f th V SA * Si " ce the total value of in- 
struction for this project now totals $1,474,317 V our 

approval to release the work order to GSA is requested. 


/»/ James H. McDonald 
James H. McDonald 


APPROVED : 


Horry S, FifzWcit-af 

Deputy Director for Administration 


:? 5 j::? 

Date 


Distribution: 

0ri f - DDA 6 (Return to D/L after approval -Official (RECD) 
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